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OBJECTOR Additional facilities are required for operation of tbe 


recently occupied »y 


;ency to 


located at 

the Agency. These facilities are required to enable the 
adequately perform the following functions 

a* Design, evaluation, fabrication, installation and maintenance of 
Coai&mications gear. 


>.V 
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b. .Maintenance, modification, and test of Audio equipment. 

c. First aid and medical storage. 


d. Physical security of facilities. 
« • Open storage . 


f • SegFagpted storage of flaaaable and hazardous material . 


g. Operation, maintenance and storage of vehicles. 

h. Loading and unloading of material. 


CKIGXS AHD POLICY GUI3*ifC£ : 


a. Origin? The requirement for this project is developed by internal 
requirements of tbs Agency, because adequate facilities were not 
provided In the Of A * Agency leased building site. 

b. Whence Proposed? Project was initiated in headquarters. 

SITUATION: The facility known as the was obtained by 25X1 A 

the Agency for the purpose of consolidating warehousing operations of the 
Logistics Office which formerly occupied several locations in inadequate, 
unsatisfactory buildings la the Washington area. It is also to be used for 
design, evaluation, fabrication, installation and maintenance of eooBuni- 
cationa gear, and for maintenance, modif ication and test of Audio equip- 
ment by T83 -£©/?* The Is basically a warehouse, it does 

not Include the facilities required to adequately perform the operations 
listed la paragraph 1. Additional facilities are required for that 
reason* Without these additional facilities, we cannot adequately fulfill 
our mission in thtsgl^Hfc. 

PB0P06A1: The expenditure of Agency funds in the araount of $lb5 f Q60«>6 
is proposed for the facilities listed in Annex 1. These facilities 
should be provided as soon as possible by means of contract with 
commercial concerns. 
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5. ommoMir cmumi m 

6 . SECURITY: 


ft* Cover : Bo cover la e®£ioy«fd la this operation . 

b. KnowiedgesMlity: M 

c. Operational Security: XA 

d. &isfc* HA 

©. Personal Disposal : BA 
f . Disaster Flan: UA 


7. COC^JXDSATIOB*. 

a. aelatioij^^jthei^rojects; This requirement la a necessary addition 

oc yi A subject: Warehouse Requirements, dated 

25X1 A 4 Nay 1951. 

b. Significance within overall program in area: This is the major 
logistics support installation for Agency operations , world-wide, 

c. Sactent of coordination: The proposed additions have been coordinated 
with QSA. GSA indicated that t he expenditure should be fcept to the 
minims* and the work should be accomplished by coopetitiv* bid con- 
tract. {See Annex 2)# This is presented as a Joint request of five 
offices, (See coordination sheet), 

fi. cowmoL: m 

9. BUDGET BATA: 

a. Total overall CIA funds required for Fiscal Tear 1954: $l4 5,060.^6. 

b. Availability of CIA funds: Funds are not available within Fiscal 
Tear 1954 funds allocated to the Logistics Office. (See Annex 3 for 
Comptroller's certification). 

c. Boa-CIA funds: Hone 

d. Foreign currency: BA 

e. Funding: Due to the nature of the requirement, funding will be 
bandied in a routine sooner* 
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t • financial history: HA 


g. further Bequiresaents: So requirement* beyond YYL95k are conteaplated. 


». Total CIA Personnel: HA 

b. Material: Material requirements consist of items to be furnished by 
contractor for construction listed in Annex 1. 

c. Comsmicat ions : HA 

d. Other CIA support: Hone 

«• Support Required from Other United States Agencies : Concurrence will 
be obtained frosi GSA as to the type of contract. 

f . Policy Questions: Hone 


CSHERA1 C<W2J^RATia»?: 

a. Current Status: The 

neerine function and the Audio Surveillance function, described in 
paragraph 1, are being performed in other areas awaiting required 

facilities - 

b. Ccawiteaantsj Hone 

c. Effectiveness : The CoswtBalcatioa Engineering function and the Audio 
Surveillance function cannot be performed until facilities 
are available . The effectiveness of the other functions listed in 
paragraph 1 Is seriously impaired in the absence of these facilities. 

d. Anticipated lie suits: These expenditures vill result in capital latprove- 

a*»t of private property, b ut the Investm ent is reasonably secure in 
view of the five year lease with renewal option for 

nine each five year periods. Should the Agency discontinue use of this 
depot, Bam of the facilities could be removed. See Annex k for case 
and itea justification. 

*• Evaluation: See paragraph He above* 

f . Policy Questions : Sone 
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is in operation. The CooHSunications bngi- 
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h* Extra Barney Action: Heme 
i. Proprietary Cofflpanieai HA 


j. Special Coas iterations : Hoc* 
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fc. Liquidation: Li euldatloa Is ac t contemplated unless the Agency should 
discontinue vhich is not planned. Should liquida- 

tion be required, a saALL portion of the assets, such as prefabricated 
building, could be renoved. 
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